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BILL NO. S-86-08- a3 


SPECIAL ORDINANCE NO. E ger ee A 


AN ORDINANCE approving Change Order 
No. 3 and FINAL for Southwest Inter- 
ceptor S-l, Res. 407-85, with John 
Dehner, Inc., in connection with the 
Board of Public Works and Safety of 
the City of Fort Wayne, Indiana. 


NOW, THEREFORE BE IT ORDAINED BY THE COMMON COUNCIL 
OF THE CITY OF FORT WAYNE, INDIANA: 

SECTION 1. That Change Order No. 3 and FINAL for Southwest 
Interceptor S-l, Res. 407-85, with John Dehner, Inc., in connection 
with the Board of Public Works and Safety, for: 


This Change Order needs to be re- 
scinded and withdrawn because of 

the following: During final nego- 
tiations with the property owners 

for subject resolution with Fred 
McCulloch, Land Acquisition Agent, 

it was WPC Dept.'s understanding 

that the City had a firm commitment 
from one of the property owners 

for a 16" casing and bore as final 
settlement for all easement claims. 
As it turns out, the property owner 
has reconsidered his position and 
with his attorney, the property 

owner has requested a cash settlement. 
The case settlement is approx. 

1/3 the cost of the proposed bore. 
Therefore, it is a savings (approx. ) 
o£4S9;, 000.00: sbo.the: Crty: of “Fort 
Wayne. Further, the attached revised 
final change order reflects additional 
work that was required by our land 
acquisition agent to correct drainage 
problems, which work was justifiable. 
Without this correction, the property 
owners wouldn't execute the release 
document; 





involving a net increase of Nineteen Thousand Three and 95/100 


Dollars ($19,003.95.), all as more particularly set forth in 





the specifications, and which is on file with the Office of the 


Board of Public Works and Safety and is by reference incorporated 





herein, made a part hereof, and is hereby in all things ratified, 


confirmed and approved. 
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Page Two 
SECTION 2. That this Ordinance shall be in full force 
and effect from and after its passage and any and all necessary 


approval by the Mayor. 





APPROVED AS TO FORM 
AND LEGALITY 






Bruce O. Boxberger, City Attorney 








Read t st time in full and on motion by es i 
seconded by Ca and d d, read the second time 
by title and refefred to the Committee and the Cit: 
Pran Commission Sor recommendation) and Feld arter 

due legal notice, at the Council Chambers, ing, Fort Wayn 
Indiana, on 


SANDRA E. KENNEDY, ITY CLERK 
Read ti i i in full and on motion by P 


, and duly adopted, placed on its 
passage. PASSE by the following vote: 









NAYS ABSTAINED ABSENT TOSWIT: 


AYES 
TOTAL VOTES Tai EFAN if 
Ca : 
ae fare aor Tene Fem 
ee 





BRADBURY 
BURNS 

EISBART ea 
GiaQUINTA RT 
HENRY Perz 
REDD 2). tal eee 
SCHMIDT et E e 
STIER | ri 
TALARICO DE. 


eo ae WES Ud E 


SANDRA E. KENNEDY, CITY. CLERK 





Passed and adopted by the Common Council of the City of Fort 


Wayne, Indiana, ) 


as (A F ty (GENER: 
(SPECIAL) (ZON-ENG—MAP) ORDINANCE Say 
on the 4 zæ day of 


eee 


4 a ee 


SANDRA E. KENNEDY, CITY. CLERK 









on the Mt A. day of 
at the hour of 2 ae 20 


o'clock 






.M.,E. Sic Ser 


SANDRA E. PENEDA CITY, CLERK 


Approved and signed by me this JÆ fen. Qay Qf whens F 
o— 
19 mG ' at the hour of T o'clock Pin A s PE E 


WIN MOSES, JR., MAYOR 
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thange Order Hep ee os a Resolution No. 407-85 
»ject No. Board Order # 
tame of Project: Southwest z Southwest Interceptor S-l Date August 20, 1986 
TOR John Dehner, Inc. at ; 
(Contractor) 
zentlemen: 


You are hereby requested to comply with the following changes from the contract plans and 
specifications: i 












e a ange in Contract tract Price | 
| Ouanriry | Increase | 


eT ee a 


19,003.95 





i Total Decrease 
Total Increase 


Net [HEEFERSS) (Increase) 


Contract Price 





he sum of $ 19,003.95 is hereby (added S k nI tae a the.total contract price and 
the final contract price shall be adjusted as ows: = oo 

Original Contract Price $1,169,482.21 

Current Contract Price Adjusted by Previous Change Order $1, 365,677.22 s 

New Contract Price including this Change Order : $1,384, 681.17 ae oe 
The time provided for completion in the contract for this project is (unthanbed)( increased) 
(AEEFEREEAS by -0- calendar days due to this Change Order. The date for completion 
»£ all work shall be N/A - FURTHERMORE, this document shall become an 
mendment to the contract and all provisions of the contract shall apply hereto. 
tecommended by: e Chief Engineer Date Ze (FM 

JOHN NNER, yee 

kecepted by: ne cee Contractor Date August 20, 1986 


SA 
Approved by: oe Za) ze Em C, Ay ENC ree Date Pergama Zu san 
fa) A 


»proved by: (K CA /) Owner. Date ¢ ee 3—Ẹ E i 
th) 
SOV, Ps 
j 


O; 


terested sy: Alo lÀ, Vise honsees clerk Dare $- e-t 


` 


” ATTACHMENT TO CHANGE ORDER 


Description of Change Change in Contract Price 
Description Unit Price Decrease Increase 


O" RCSP, CL IV, W/E 
TE tinge” 


Quantity 


Ig « 








20,805.12 
24" RCSP, CL 111, w/Epoxy 
Liner 39.34 2,360.40 
6'' Building Sewer - 
Steel Casing Pipe - 48" 
30 Direct Burial 297.91 8,937.30 
Steel Casing Pipe - 48" 
L Jacked and Bored 389.22 1,556.88 


Type V-J M.H. 2,205.00 


84"' Dia. Type J M.H. 3,765.00 i 3,765.00 
8'' Service Taps 140.00 


7,000.00 | 


4,410.00 


400 Unstable Soil Excavation 17.50 i 
Apes, 


Special Backfill-Gravel ]=50 H 


34,192.50 | 


biz" ; 22. 
}12'' Deep Strength Asphalt 18.40 1 14,9 40 


e T a a a H em oa 

; 34 len Conc. Drive Replacement | 16.00 | 544.00 | 
CER Field Tile Replacement Ba ee eo sas 1,287.00 
ie ew Field Tile Replacement eae Trea 6,169.60 
Pa ere are a baa yee 


x ` ' ATTACHMENT TO CHANGE ORDER 


. 
e zi 


Description of Change Change in Contract Price 
Quantity Description Unit Price Decrease Increase 





ENERE eee eee a Sas T 
8" PVC Pipe, stone bedding 

T and restoration $ 8,750.00 $ 8,750.00 
i 1 s 
i i i 
CTE O Ee ee 
EN E 
| i f 
j i } 
Ca ae ae ee 
Total Decrease | 64,2744 

Total Increase EEIT 83,278.42 

Net (DeoveaseX (Increase) Contract Price ee eae 19,003.95 


TKECS 


Admn. Appr. 


DIGEST SHEET 


~ i flea P33 
TITLE OF ORDINANCE Change Order #3 and FINAL for Southwest Interceptor S-1 Res. 407-85 
John Dehner, Inc. is the contractor 


DEPARTMENT REQUESTING ORDINANCE Board of Public Works § Safety 





SYNOPSIS OF ORDINANCE Change Order #3 and FINAL for Southwest Interceptor S-l, 





Res. 407-85, needs to be rescinded and withdrawn because of the following: 





During final negotiation with the property owners for subject resolution 


with Fred McCulloch, Land Acquisition Agent, it was WPC Dept's understanding 
that the City had a firm committment from one of the property owners for a 
| 16" casing and bore as final settlement for all easement claims. As it 
turns out, the property owner has reconsidered his position and with his 
attorney, the property owner has requested a cash settlement. The case 
settlement is approx. 1/3 the cost of the proposed bore. Therefore, it 
is a savings (approx.) of $9,000.00 to the City of Fort Wayne. Further, the 
attached revised final change order eens additional work that was require 
by our land acquisition agent to correct drainage problems, which work was 


justifiable. Without this correction, the property owners wouldn't execute 
EFFECT OF PASSAGE 


EFFECT OF NON-PASSAGE í 
a VE AE T ee S 


‘MONEY INVOLVED (DIRECT COSTS, EXPENDITURES, SAVINGS) Increase $19,003.95 


ASSIGNED TO COMMITTEE (PRESIDENT) 





S-$6-08=35 





BILL NO. 
REPORT OF THE COMMITTEE ON CITY- UTILITIES 

WE, YOUR COMMITTEE ON CITY UTILITIES TO WHOM WAS 
Sae a ee eS eS et in ee NS 


REFERRED AN (ORDINANCE) (RESObUBSONW) approving Change Order ` 


No. 3 and FINAL for Southwest Interceptor S-l1, Res. 407-85, with 
John Dehner, Inc., in connection with the Board of Public Works 


and Safety of the City of Fort Wayne, Indiana 








Å" AeA S A ie 
HAVE HAD SAID (ORDINANCE) ‘*RESO*O#¥S5N) UNDER CONSIDERATION AND BEG 





LEAVE TO REPORT BACK TO THE COMMON COUNCIL THAT SAID (ORDINANCE) 


(RESSLOTESNS 





PAUL M. BURNS 
CHAIRMAN 





THOMAS C. HENRY 
VICE CHAIRMAN 


BEN A. EISBART 


JAMES S. STIER 









ie MARK E. GiaQUINTA 


KN R X Vee 
ONCURRED IN | Cg Se SANDRA E. KENNEDY 
CITY CLERK 





